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1 Introduction and Proposal Organization 

In response to the Request for Proposal for Design, Construction, Installation, Operations and Maintenance of 
an Interim Water Treatment Plant (IWTP) at Gladstone CO, Aiexco Environmental Group (US) Inc,, has 
developed this approach to attain treatment objectives In a cost effective manner at the Gold King Mine site 
(Site), Specific consideration has been focused on optimization of treatment process to provide a robust 
treatment system capable of achieving the chemistry goals in a cost effective manner. Some of the optimization 
issues that we have considered include a need for manganese removal to avoid staining or color development 
in the discharge area which requires elevated treatment pH (between 10 and 10,5 typically). This target pH is 
somewhat m conflict with stringent treatment standards for cadmium removal. Aiexco anticipates that 
treatment capacity at a reactor pH of between 10-10.5 will attain 3.2 ppb Cd but the pH setpoint will be field 
optimized to attain the ARARs and still meetthe schedule requirements. If necessary in the future a dosing and 
second clarifier module could be added at the back end of the proposed clarifier to add calcium polysulfide for 
cadmium removal if a lower standard was determined to be required. 

This proposal is organized as follows: 

• Section 1 introduces AEG as a company, its locations, and the expertise and experience that we bring 
that will make our installation of the IWTP at Gold King Mine a success. 

• Section 2 provides details pfthe pipject pbrsonnej that are ayajlable to procure, install, and 
successfully commission the IWTP at Gold King Mine. 

» Section 3 provides a proposed design of the IWTP facility, specifically addressing the design 
components requested in the RFP. 

» Sectiott 4 provides details of the mobilization, procurement, construction atid installation, 
commissioning and shakedown, transition to atid performing IWTP operations and maintenance 
(O&M), and demobilization, including a sectioftahihOW-AEG will meet the time-critical schedule of a 
fully functioning IWTP in 21 days. 

• Section 5 provides project examples where AEG has or is performing similar projects. 

1.1 About AEG 

Aiexco Environmental Group (US) Inc. ("Aiexco" or "AEG") is the Technical Manager and Proposal Proponent 
for the RFP. We have two offices in Colorado, including one located in the Denver Technical Center near the 
Centennial Airport and another in Fort Collins. AEG also has personnel and project offices in several other 
locations in other states in the US (Louisiana, New Mexico, and Washington). We have several active treatment 
facilities and project sites in Colorado, including the Globeville Smelter clean-up site in north Denver, the 
Schwartzwalder Mine water treatment site near Golden, the London Mine water treatment facility near Alma, 
and intermittent support for the Platoro Mine water treatment facility near Platoro. Aiexco also has operated 
two projects in the US in support of US EPA, specifically one site undergoing emergency response (Barite Hill 
Mine in Region 4; Leo Francendese, OSC) and AEG personnel supported water treatment evaluations at Gilt 
Edge Mine in Region 8 (Ken Wangerud,RPM).AEG personnel are familiar with the CERCLA process, and have 
worked cooperatively with US EPA most recently at the Gldbeville site to optimize and implement the site 
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remedy. In addition, AEG has on many occasions worked with US EPA on approaches for in situ mine water 
treatment under the UIC program. 

AEG also has three offices in Canada - Vancouver, Whitehorse, and Toronto. AEG currently operates five water 
treatment plants in the former United Keno Hill Mine district in the Yukon on behalf of Aboriginal Affairs and 
Northern Development Canada [AANDQ and a sixth water treatment plant at the Bellekeno Mine location on 
behalf of Alexco Resource Corporation, AEG’s parent company. This flagship project located in Keno, Yukon, is 
AEG's largest project, where AEG has provided water treatment services for mine water very similar to Gold 
King Mine water. These services include process optimization, automation, and creation ofprocess redundancy 
to assure 100% compliance; care and maintenance of the treatment facilities; and leading a multi-party closure 
planning process with participation with the Government of Canada (AANDC), Yukon Government, and the 
First Nation of Nacho Nyak Dun. Ultimately this cleanup project will 

extensive reclamation of tailings and waste rock sites, as well as construction and operation of both active 
water trt atment [lime coagulation and clarification) and in situ mine water treatment 

AEG has approximately 50 scientists, engineers and professionals with strong local regulatory and technical 
expertise which is built on a long history of developing local relationships, working within the regulatory 
framework, and conducting field engineering and environmental site services and projects in Colorado, 
throughout the United States, and in Canada particularly focused in the subarctic Yukon. Our team is known to 
the community and regulators, and has carefully maintained our credibility and our brand. 

AEG has developed several innovative approaches for mine water treatment that work with active treatment 
systems. To this end, Alexco has received over ten Underground Injection Control permits for mines or mining 
impacted waters. tit ■ .Regibij VIII US EPA. Qurfoeusltt this area of in-mine jpobltreatjftent chemistry 
management of mine waters in-situ should provide opportunities to substantially reduce operating and capital 
costs at this Site. AEG senior management also have a strong background and experience base in mine 
operations and management, having designed, built, operated and closed numerous open pit and underground 
mines across North America. This mine operations experience and culture of AEG brings a unique advantage 
on our approach to addressing environmental remediation challenges. 
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The success of this time-critical project is driven primarily by the team. AEG will provide, and especially its 
leadership, ■ ' .' -a ' 

As Project Director, Mr.^^m^H^|wiIl ensure technical quality of theWorkand that the diverse 

components work together to achieve treatment objectives and the schedule. Mr.^^m^ias managed the 

CERCLA driven cleanup process for the past decade at the former ASARCO Globe Smelter (Globe) in north 
Denver and Adams County, developing and ensuring the highestquality in implementation of strategies to meet 
the site remedial goals. The core of the team that is proposed for this project has recently delivered on the 
Giobeviile project, as well as the Cotter Schwartzwalderand Barite Hill projects,. 

As Project Manager, will lead the project engineering as well as the specification and 

procurement of equipment MrJHHHKvill be the day to day liaison with Environmental Restoration LLC 
regarding the overall project schedule, coordination with the construction teams and procurement of 
subcontractors. Mr. H^His a Senior Project Manager for AEG, is a registered Professional Engineer 
(Colorado and Yukon) and holds a Class C Water Treat ment Operat or License in Colorado. Mrj^^^Hhas 
managed the project aspects in a team approach with Mr^^^|on manvMjHjheseyprojects for Alexco since 
2009, including Giobeviile, Barite Hill, and Cotter Schwartewalderr M r. BkSSIsIB has also designed and 
implemented remote monitoring and remote control technologies for nine water treatment plants in the Yukon 
and Colorado. 


As Construction Manager, f B.S. hAerospacer jingi peering) is a Senior Engineering 

Construction Manager with AEG, and will lead the on-site construction team, responsible for site coordination 
and all aspects of equipment mobilization, installation of water treatment equipment, electrical coordination, 
and shakedown of the treatment plant in preparation for transition to 0&M.^^|has provided construction 
management for the Alexco Galkeno 300 WTP upgr ade (see Se ction 5), the construction oversight of the 
mechanical, civil, and electrical components for th^yHHHBBellekeno mill project for Alexco, and has 
served as the Care and Maintenance Manager for the UKHM district for over 6 years. 

Mr. m and Mr^^^^^vill be supported by a project Learn that has worked together 

installing similar systems. The AEG project implementation team will include? : . " A... . 


(B.S. Mechanical Engineering) 

o Hiserved as Site Manager for the Globe Smelter cleanup. Rey is available full time for the 
installation and operations of the 1WTP. 

j(B.S. Environmental Engineering, Class D Industrial Wastewater Operator) 

Currently overseeing the London Mine water treatment plant rebuild and operations and 
available as a relief operator to will support the procurement of 
reagents, materials, and laboratory supplies so that the iWTP will be fully functional when the 
installation has been complefedr ~ 

[b.S. Civil Engineering) 
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a civil engineer that will supporj 

IWTP, 

(Class A Industrial Wastewater Operator) 

o Cwrrehtly located full-time at% 

to the Schwartzwalder Mine project 
optimization and automatioh, 


| in the design and documentation of the 



'with part-time support to Aiexco specific 
has agreed to provide support for process 


(Maintenance Superintendent, 35 years’ experience, welder/ field fabricator) 

Hflwas smelter maintenance superintendent at ASARCO for 30 years and has worked for 
Aiexco since 20 1 0. ^^|was integral to the installation of both the Globeville and Cotter WTPs. 
H|is available full time to oversee the installation of the IWTP components especially 
related to plumbing, pumps, and structural components, 


|(paramedic, ambulance service operations in San Luis Valley, health and safety on site 


coordinator) 


o ^His available during the construction phase to provide safety oversight and emergency 
medical support to the installation team for this RFP.^Jworks for Aiexco on a seasonal basis, 
lives in Monte Vista, Colorado and oversaw all the safety aspects of the Platoro water 
treatment seasonal campaigns in each summer of 2009-2013. He also oversaw safety during 
the construction of the Globe treatment plant in January 2011. 

2.1 Key Subcontractors 

The following subcontractors are identified for providing either materials/equipment or specialized labor 
resources for the construction of the Gold King IWTP: 

• Electrical services will be provided by£ 



• IWTP Building provided by'-' 

• Clarifier provided by§| 

• Horizontal lime storage silo ("guppy") provided by|§| 
Geotextile bags for sludge consolidation provided by 

• Liner for the sludge consolidation area provided by^j 

2.2 AEG Project Organization Structure 



The following organizational chart summarizes the proposed AEG management, supervision and labor support 
structure for the Gold King project. 
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3 Proposed Gold King IWTP Design 

AEG has carefully considered the water chemistry provided in Attachment G, and the characteristics of the 
desired effluent described in RFP section 3,3. We believe that a lime coagulation system, using a single oversize 
lamella clarifier for sludge separation, and sludge solidification in geotextile back provides a simple, robust 
system that will be easily managed. By providing automation, pH, and turbidity controls, the plant can be 
adjusted both automatically within setpoints to achieve target pH, as well as on site and remotely by O&M 
operators. 

AEG has experience operatingseveralsimilar:factlitieSj,:g®idh.asedoB tJtsfctaspwdence, we are confident that the 
plant design will achieve: 

• Neutral pH effluent <6.0, >9.0 

• Dissolved solids will be reduced by removal of metals and formation of metal hydroxide sludge. 

• Total solids will be reduced by coagulation, flocculation,and settling through the clarifier. 

• Color is currently caused primarily iron oxidation, and staining is caused both by iron and manganese 
in the mine water forming precipitates on rocks and in sediments. The treatment process will remove 
both iron and manganese by more than 90%, reducing the potential for color. 

• For metals of concern, the treatment process*typically removes metals between 95% and 99%. 

»». " S ' : ' 

3.1 Proposed Treatment System Description 

AEG proposes the following design: 

Site Footprint and Access: the site footprint requirements will be approximately 200 x 250. Access for a semi- 
trailer for lime delivery and to haul sludge away will be required. 

Plant Location: The following figures document AEG’s understanding of the flow path of water from the Gold 
King Mine to the IWTP treatment location, and the approximate location and footprint for the plant and 

sludge handling areas. 
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RFP# GK8-77WTP 


Figure 1. Approximate water flow path to the IWTP. Approximate elevation of treatment facility is 
10,500'. 


Building: The IWTP will be housed in a(^HMHH^ st:ructure of approximately 5,000 square feet with a central 
area roof height of at least 23 feet to accommodate a 19 foot tall clarifier. A lined area of 50 feet by 250 feet 
will be used to provide For sludge settling outside and adjacent to the building to hold the sludge geotextile 
bags. The building will be fully erected 17 days after NTP. 
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Building Floor: The floor of the building will be compacted gravel. The area where the filter bags are set up 
will be lined with HDPE which will be sloped to a sump that will be pumped as needed to the reactor tank. The 
clarifier will sit on a concrete pad 12” thick, and sized to 30’ x 12' recessed in the ground to a depth of up to 2 
feet. 

Flow Rating: The proposed IWTP will be rated by the mix tank and clarifier, which are rated to 1,000 gpm and 
are capable of accommodating surge flows of up to 1200 gpm. All flow in will be plumbed in 6 inch HDPE; 
internal to the IWTP will be all 8" HDPE including discharge to allow this hydraulic design flow. 

Process Flow Diagram: The figure below shows the process flow diagram that AEG proposes to utilize for the 
Gold King Mine IWTP. 
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Figure 3. Gold King IWTP Process Flow Diagram. 



Reactor Tank: The mix tank will receive lime to neutralize the water and form metal hydroxides. The tank will 
be aerated with a blower to fully oxidize all iron and manganese, which will occur rapidly at the design pH 
range of 10-10.5. The reactor tank is rated to provide over 30 minutes of agitation and aeration at 600 gpm, at 
at 1000 gpm will provide 20 minutes of reaction time. 

Flocculent Tank: a small flocculent addition tank with a mechanical agitator is attached to the clarifier prior 
to underflow into the clarifier. 

Clarifier: The clarifierj^BBI^^^ GPM [2600 SF settling area lamella - type) dictates the height of the 
building md stand 19 feet The design of this clarifier is oversized for normal flow ranges, dnc 
substantial water quality benefits for removal of suspended solids. Additionally in the event of a sustained 
surge at 1200 GPM Alexco has operated geotextile bags to provided supplemental filtration. 
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Figure 4, Photo of proposed clarifier. 



Sludge Handling: Underflow from the clarifier will be pumped to a series of geotextile filter bags, which 
provide sludge dewatering by passive gravity settling in high surface area bags. The sludge settling area will 
include lined areas inside and outside the Sprung structure to assure that even in extreme cold that sludge will 
continue to be handled. AEG has successfully operated these sludge geotextile bags in temperatures as low as - 
20 °F. The sludge handling required by ER will begin once the geotextile bag is full of sludge and the drainage 
from the bag self-pressing has ceased. The bag will then be split open and the sludge moved into a dump truck 
or covered roll-off bin, as needed, and disposed as decided by ER. The sludge will be solid and will be capable 
of being loaded by a skid steer or front loader. Approximately 3,000 cubic yards of sludge approximately 50% 
solids or greater are anticipated to be formed and require handling by ER per year. 

Design redundancy: AEG has included the following the following design redundancy to make the IWTP 
capable of responding to higher flow or changing chemistry conditions: 

• Both 6" flow lines will be plumbed to the reactor tank to accommodate redundant flow sources. 

•i 'Fhe prbpqsed design flow for the clarifier (1000 gpm) is oversized for base flow. 

• Sludge settling bags are included both within theyjHifl^^^^^B as well as hi an adjacent open 
area, to accommodate low temperature events, and the sludge manifold will be built to accommodate 
higher sludge production rates than anticipated. 

• All major equipment except the clarifier will have a redundant spare plumbed in and ready to go, 
including: 


o Blowers 

o Mixers for lime mix tank 
o Sludge blowdown transfer pumps 
o Treatment pH probes 

o Peristaltic pumps for lime dosing, flocculent dosing, and acid dosing 
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These redundant and oversize components provide assurance that in high flow events the IWTP will still 
achieve the discharge objectives, In low flow conditions, the clarifier will simply provide better settling; flows 
down to 200 gpm will not be problematic for treatment efficiency, 

a. expected waste solids and containerization requirements 

b. Status of construction for equipment — what needs to be built, what is available now) 

Plant Layout: The following schematic illustrates the anticipated layout of the major features of the IWTP. 
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Figure 5. Plant/Site Layout 
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Reactor 


50 ft width 


Pneumaticiy delivered lime dust 




Mine water 


Equipment availability: AEG has selected equipment that is all ready to be shipped as soon as notice to 
proceed is given. This includes all building, pipes, tanks, blowers, mixers, laboratory equipment, pH meters, 
clarifier, sludge bags, etc. 

Power: All power will be provided by a 480 V, 25 KVA generator, with double-contained fuel storage. 

Operating Philosophy: AEG has designed the Gold King plant to automatically respond to changes in flow and 
chemistry. A pH probe in the reactor will provide real-time pH readings to the PLC, allowing for adjustments to 
the lime addition pump(s) to maintain a treatment set point After water passes from the clarifier, it will enter 
a polishing tank where pH levels will again be real-time monitored and adjusted via the PLC with an acid pump 
maintaining discharge pH standards. The treatment system will be outfitted with flowmeters/totalizers to 
monitor flow rates and total treatment volumes. In addition, level sensors will be used to monitor reagent tank 
levels. 
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The selected PLC allows for the selection of "LOW", "LOW LOW", "HIGH", and "HIGH HIGH” alarm settings for 
each input When these levels are triggered, an alarm e-mail is sent to up to eight employees for notification 
that the system may be experiencing an upset As stated earlier, pH levels will be continuously monitored in 
the reactor prior to settling, and in the polishing tank prior to release. The pH probes will be calibrated weekly 
by the site operators and ensured to be in good working condition. 

Reagents: The site will utilize powdered lime, liquid poiymer, and acid as treatment chemicals. The powdered 
lime will he delivered to site in pneumatic trucks that will be off-loaded to the horizontal storage silo. Polymer 
will be delivered to site in 55 gallon barrels where it will be mixed at 0.5% - 1.0% strength within the polymer 
tank. Acid will be delivered to site in 275 gallon totes and used for pH adjustment at the polishing tank. 

Discharge Targets: AEG anticipates discharge of 0,3 mg/L Zn, 3,2 ppb Cd and less than 4 mg/L Mn, within a 
range of 6.5 - 9.0 pH. These are the key parameters that we have designed the plant to achieve. Alexco is 
currently operating the London Mine WTP, and several treatment plants in the Keno Hill district, and we are 
achieving these targets on a consistent basis. 

Plant Construction Labor and Subcontractors: Alexco intends to use both local and mobilized manpower in 
the build of the, treatment facility. During assembly, several key operators and supervisors will be mobilized 
from south Denver, with additional staffing provided from Monte Vista, Silverton, and surrounding 
communities as available. Local operator(s) will support the initial build and subsequent operation of the 
facility. 

O&M; AEG proposes to conduct O&M for the IWTP. If we are not requested to provide O&M, Alexco managers 

are -’ble 24/7 to answe * questions for the first two months. Also, the 
satellite uplink that will be installed will make remote operation possible without overnight operators. .. 

ER will have direct access to (design and O&M expert) and (remote .monitoring' 
and PLC programming) for consultation regarding process and operations, with additional support by 
|^^£^for PLC operations support 

Requested ER support: The only support that is anticipated to be required of ER is the mine water influent 
line to the treatment facility. We understand that ER is providing site grading for building footprint and plant 
layout area. We understand that ER will also provide grading For snow removal and will, provide 
communication of any known upsets coming from Gold King 

Treatment monitoring: Alexco will mobilize and install a 12’ x 56’ office and laboratory facilities in support 
of sampling and testing. 
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3.2 AEG Sustainability Approach 

AEC has considered the constraints of this time-critical project, and has incorporated a sustainability approach 
both in the design of the plant, and will incorporate the following practices in the construction project 

a. AEG will utilize vehicles with cleaner fuels, and will utilize no-idle practices as possible. 

b. Minimize distances traveled, by procuring locally and where possible using local vendors. The 
design of the sludge consolidation system will enable more efficient campaigns to dispose of 
sludge in good weather only. This will reduce road maintenance requirements and haulage. 
Alexco anticipates identification of a beneficial re-use of the sludge in the immediate area. 

c. Equipment in the 1WTP will include lower energy consumption lighting, and will utilize 
environmentally friendly lubricants where possible. The design of the plant eliminates a filter 
press which is typically a large component of the energy and labor required in similar WTP 
installations. 

d. AEG will utilize electronic monitoring, data storage, and remote controls on plant operations 
to minimize paper storage requirements, and substantially reduce operating costs. 
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4 Project Specific Requirements 

4.1 Mobilization 

The scope of AEG mobilization includes the following items: 

* Development of Health and Safety Plan from existing templates from other sites (note additional 
discussion in Section 7). 

• Development of Contingency Plans 

o Spill Prevention, Control, and Countermeasures Plan 
o Pollution Prevention Plan 

AEG will procure, furnish).. mobilize, and stage all equipment and materials necessary to constructthewater 
treatment facility. Mobilization is anticipated to be completed in the first 7-10 
plant materials. 

4.2 System Installation, Shakedown, Demonstration of Automated Operation 

AEG will begin system installation as soon as equipment and materials arrive on site. A detailed construction 
project- ' - uie will be developed as soon as notice to pi i given and orders are f ed. This will include 
timing of subcontractors and AEG installation personnel. 

4.2.1 System Installation 

AEG will obtain local, state, federal, other permits as required. With the timing of the 1WTP, AEG anticipates 
that no major permits will be required. 

AEG will participate in site meetings, including daily progress meetings reviewing project status, schedule, 
impacts to schedule, discussion of plan to complete work on time, and any actions that need to be taken to 
remedy delays. 

As described in Section 3, AEG will procure and install a building/structure to allow for operation year-round. 
The building will have a compacted, gravel floor with a concrete slab for the clarifier, with a storage room for 
floe, acid, and any other required chemicals. AEG will provide a lab trailer for on-site testing of pH, turbidity 
an d co lo r, fhd,sWSi>il Med isoMs, 

AEG will perform the treatment equipment installation, including plumbing in to the lines provided by ER into 
the reactor tank, plumbing from the reactor tank into the floe tanks and clarifier, and plumbing from the 
clarifier into the equalization tank and to discharge. AEG will install the horizontal lime silo, the lime solution 
tank, and mixing systems, as well as plumbing of the lime tanks into the reactor tank system. 
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AEG will install the flocculent tank and mixing system, and- the. pumps for flocculent addition into the floe tanks. 
AEG will also provide an acid storage tank and dosing system to. provide pH adjustment in the equalization 
tank, 

AEG will provide senior personnel for the design, construction oversight, and technical oversight of plant 
construction. The AEG team has significant senior level redundancy for treatment plant commissioning, 
operations, and troubleshooting, and all of the AEG resources will be available to help achieve the time 
schedule, providing insights to troubleshoot issues as they arise. AEG also has extensive relationships with 
suppliers, consultants, and other industry people to provide additional feedback as needed as issues arise. 

AEG will install power utilizing an appropriately sized generator toallow all systems to operate. AEG will also 
install winterization / insulation outside and at juncture of plant with outside. AEG will stock the plant with 
materials and supplies necessary to operate the plant and provide inventory of critical spares, 

AEG will provide weekly schedule update/reporting by written email reports to ER PM. 

All AEG workers OSHA compliant including HAZWOPER training for all on-site workers. 


4.2.2 Commission / Shakedown Treatment Facility, Demonstrate Successful Operation 

AEG will work with ER to transition the site from current interim treatment to the new treatment facility, AEG 
will operate the systems, troubleshoot operations, until system is running as designed and meets acceptable 
effluent (as defined in Section 3.1 of this proposal] 

AEG will participate in a Final inspection by and to the satisfaction of ER Response Manager, and will address 
and correct any deficiencies identified. AEG will train workers to operate facility, and create and provide an 
O&M manual including; 


q System design details 
o Labor requirements 
g Maintenance procedures and schedules 
o Materials source information 

4.3 Operations and Maintenance 

During the AEG O&M phase, AEG will provide OSHA compliant O&M operators, an O&M supervisor, provide 
materials necessary for plant operation, provide equipment necessary for plant operation, and provide 24/7 
phone support. If ER decides to provide O&M themselves, AEG will continue the O&M support until ER 
operators are comfortable with system operation, and will continue to be available to provide 24/7 phone 
support for no additional cost for two month after site transition. 
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4.4 Demobilization 

AEG will remove and demobilization all construction equipment, as well as remove all rubbish, trash, garbage, 
and construction debris, and dispose of these materials in appropriate landfills or provide for their reuse. 

4.5 Project Schedule 

• Project Award "Notice to Proceed" by 8/31/2015 

* Mobilization of all materials and equipmentby 9/10/2015 

o Horizontal Lime Silo 
o Reactor / Clarifier 
q Liners 


o Lime Slurry Tank 

• Construction complete 09/20/2015 

• Shakedown of system 9/27/2015 

• Demonstration Of meeting discharge specifications 9/21/2015 

• O&M period 9/21/2015 - minimum of 4 weeks but AEG can operate as long as needed 

• Construction Phase Demobilization, site cleanup 9/30/2015 

« System Complete with Delivery of O&M Manual 10/7/2015. 

We are anticipating 10 - 12 hour work days and no holidays impacting the schedule. All employees will work 
through the holiday weekend (Labor Day). The only item impacted by rainfall would be concrete placement 
which we anticipate on September 4 th 2015. If rain occurred that delayed concrete placement we would not 
need it to be cured until 9 / 10/2015 so we have several alternative days for placement 
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5 AEG Projects with Similar Requirements 

Four projects illustrate similar services that AEG has provided for projects with similar scope and challenges 
presented by Gold King Mine. 

5.1 Globeville Smelter Remediation Project 

Project Description 

The Globeville Smelter Site began operation in the 1870s, with a variety of site activities including lead, 
cadmium and specialty metals smelting and purification processes, as well as arsenic trioxide production, 
ceasing production in 2006, Over a century of handling hazardous materials and chemicals resulted in 
substantial environmental degradation of the site, with elevated soils and groundwater contamination 
associated with lead, zinc, cadmium, and arsenic. 

As part of the ASARCO bankruptcy proceedings, the State of Colorado (CDPHE) has acted as a trustee of the site 
remediation, and Aiexco Environmental Group (AEG) has been the lead environmental consultant and 
contractor for all site remediation activities. We have_ provided a wide range of services for site remediation, 
with total project consulting and site remediation fee^JIHBHHMAEG services provided included: water 
treatment plant design, construction, and operation, environmental site assessments and detailed site 
investigation (DS1), risk assessment, remedial planning, engineering design, permitting, reclamation 
implementation, and stakeholder engagement. 

AEG worked with CDPHE to develop a Statement of Work which allocated the fixed funds available in the 
bankruptcy to the remedial priorities identified as part of prior EPA (CERCLA) and Colorado investigations and 
for the site ROD. Three primary remedies were implemented: 1) an active water treatment facility, which 
provided capture of all source area groundwater and runoff, treatment, and discharge to metro wastewater 
POTW; 2) a soils remedy for all source area soils, including 13 acres of low pH plant soils, 17 acres of waste 
gypsum materials, and scattered high arsenic soils, with the remedy including soil amendment and mixing to 
meet stability tests for geochemical leaching and geotechnical strength to enable redevelopment; and 3) an in 
situ treatment remedy for impacted groundwater using in situ biological sulfate reduction and arsenic, 
cadmium, selenium and zinc precipitation. 

AEG designed, constructed, and commissioned an active water treatment facility to allow demolition of the site 
to proceed, which included demolition of existing 20+ year old inefficient water treatment plant. The plant 
included ferric iron coagulation for arsenic removal, lime coagulation for other metals removal (including iron, 
cadmium, lead, and zinc), and automated pH and turbidity control. The treatment plant was constructed in 24 
days in difficult weather (January 2011) counting from authorization to operation until the plant consistently 
achieved treatment for arsemc,cadmium,selentum and zinc. Discharge water of the plant was sent to the 
Publically Owned Treatment Works (POTW) Denver Metropolitan Wastewater Authority, with standards 
consistent with the historical discharge requirements (arsenic 0.33 mg/L and cadmium 0.86 mg/1,), 

AEG operated this active water treatment facility in compliance with the permit requirements for 4 years 
(February 2011- February 2015), in which time the soil source area treatment and m situ groundwater 
treatment remedy was com p ieted. These source treatment projects Were so effective that active treatment was 
no longer needed, and AEG petitioned and CDPHEjgpaiited., permission to shutdown and decommission the 
active water treatment facility in February 2015. 
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The soil remedy included 


conditioned, and compacted in place, and the remaining site soils were grid sampled to confirm industrial soil 
cleanup criteria were achieved across the entire site. The treated soil was consolidated in a "neutralized soil 
consolidation cell, which was engineered to specifications allowing site redevelopment for industrial use. 


area 


groundwater remediation standards in less than 4 years, reducing metals to active treatment over 99% (set- 
graph). 


Type of Contract 


EPCM Fixed Price Contract with regulatory completion guarantee and separate financial assurance provided 

entity 


Client Contact 


(BRIBE' Eng, 

artmentof Public Health and Environment 


Role of firm 


AEG Was the general contractor who s e 1 f- p e r fo rmed all of the constr uction wo r k and which were overseen by 
AEG engineers to ensure project specifications (geochemical stabilization, geotechnical and groundwater 
quality objectives) were attained. 


AEG Project Value, Globeville Smelter Water Treatment 


The total dollar value of the water treatment plant was approximately |§RBIBf 0 design, build, and 
commission. Approximately 2,000 AEG field -.man hours were required to design and build the plant; 
approximately half of the cost of the plant was equipment or subcontracted construction cost and the 
remainder Was AEG labor and consumables. The cost:hQ'^^^.ltt^ftaatfi)r 4 years was approximately RSI 
million. The total cost for water treatment plant design, build, operate, close, and d icommission -was: 


The total value of the Globeville Smelter cleanup project wa^g^BR^RBI which included the water- 
treatment project, the soils treatment and consolidation project, and the In situ groundwater treatment project. 
For the life of the project, approximately half of this cost was subcontractor and equipment costs, and the other- 
half was AEG labor, consumables, and reagents. 


Project status 


The Globeville water treatment project is 100% complete and the site is decommissioned. The remaining 
project is complete with respect to all active remediation; approximately 3% of the overall project remains 
which includes monitoring of groundwater and preparation of site remedy documentation. AEG has been 
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assisting in the remedy design ofthe Globevilie Smelter site since 2006; AEG has been under con tract to provide 
remediation services at the site since 2010, and has approximately 3 years remaining until monitoring is 
complete. 

Acciden t record for work performed by AEG 

The Globevilie Smelter water treatment and remediation project was performed safely, with no LTAs. Two 
injuries that were not LTAs occurred during AEG's remediation project, both of which were lacerations to 
hands. Over 20,000 hours were worked on site during the performance of this project Several near miss 
observations were recorded and changes were made to task hazard evaluations and updated safe wort; 
procedures were implemented specifically with regard to working around open excavations and mobile heavy 
equipment 

Analytical requirements on project 

During the operation of the water treatment project, the water treatment requirements widely varied due to 
the active demolition and remediation project. For instance, arsenic influent concentration varied from less 
than 1 mg/L to over 400 mg/L. Water flows varied seasonally by over an order of magnitude. AEG also 
successfully managed the site through the historic preeipitationandflooding events of September 2013, 
maintaining compliance despite higher concentrations of most metals that occurred concurrent with the higher 
flows. For the life of the project, AEG had a 100% compliance record during the operation ofthe treatment 
facility. 

AEG provided an on-site lab to monitor and troubleshoot operational issues, which included an AA instrument 
capable of monitoring six metals (including the metals of concern: arsenic, cadmium, lead, and zinc), turbidity 
and gravimetric monitoring to determine suspended solids, pH, and other field parameters. AEG also designed 
and implemented continuous monitoring with web-accessible tracking for water flows, pH, turbidity, and levels 
at multiple locations in the treatment train and for major reagents. This allowed for adjustment of treatment 
processes without an operator present on multiple occasions. 

5.2 United Keno Hill Mines: Site Care and Maintenance and Upgraded Galkeno 300 Water 
Treatment Facility 

Project Description 

The following summarizes relevant project highlights for the UKHM project that focus on AEG's delivery of 
water treatment design, care and maintenance, and automation. 

Since 2006, AEG has managed on behalf of its parent company Aiexco Resource Corp, the contractual 
obligations with Aboriginal Affairs and Northern Development Canada (AANDC) to undertake closure, 
environmental reclamation and care and maintenance work at the Keno Hilt District specifically related to 
historic United Keno Hill Mine (UKHM) liabilities. Care and maintenance ofthe Keno Hill District requires active 
water treatment at 5 locations (4 underground adits and L valley tailings) on a year round continuous basis. 
Together, these sites dram more than 1 million m 3 of mine water requiring treatment (approximately 250 
million gallons) per year, requiring over 150 tons oflime peryear for treatment The primary contaminants of 
concern are cadmium and zinc, though the treatment reagent requirements are also driven by arsenic, iron, 
and manganese that are also present in appreciable concentration in several of the mine drainages. The Keno 
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Hill District covers an area over 2251gii2 aiidincIades overJS underp'ouHd aditsand old mines and has similar 
terrain, remote location and climate to the Cold King Mine site. AEG performs this care and maintenance work 
on behalf of AANDC for a fixed lump sum price. 

When AEG took over the IJKHM care and maintenance, one requirement was to install an upgraded water 
treatment system for the Galkeno 300 site, which had approximately 1 00 rog/L zinc, 150 mg/ 1. manganese, and 
0.5 mg/L cadmium, and 100 mg/L iron. AEG evaluated treatment designs and selected a two clarifier system 
to provide redundancy and more operational control during seasonal flow variations. The installed system 
utilizes two stand-alone clarifier treatment package plants that include a rapid mix tank, flocculent tanks, and 
tube settlers. This system is rated for hydraulic throughput of 320 gpm, though up to 500 gpm have been 
treated for short periods of time during freshet. AEG also constructed a secondary sludge settling pond, which 
staged sludge for additional settling before final disposal. AEG demonstrated the effective use of an adjacent 
open pit for water treatment plant sludge storage where the sludge undergoes an annual freeze drying and 
draining process, yielding a stable solid sludge that can be stored on site on an interim basis for many years. 
This sludge handling approach resulted in improved plant performance, reduced heavy duty equipment 
requirements from pond desludging and improved employee health and safety from elimination of working 
around open ponds during desludging and significant reduction in heavy duty equipment on winter roads. The 
new water treatment plant consistently meets discharge licence standards of 0.5 mg/L zinc and 0.01 mg/L Cd. 

The scope of the care and maintenance contract includes more than just water treatment, but also includes 
freshet spring meltwater management at the tailings facility and at diversion structures above recharge 
locations that affect the mine water flow. AEG has particularly focused on water management and monitoring 
of the historical tailings and mine recharge areas to minimize treatment costs. The previous approach was to 
treat the water in the ponds with lime addition and recirculation. Once the water in the tailings dam met 
compliance it was released, however a significant amount of water was retained in the dam eveiy year resulting 
in substantial reagent and manpower requirements every spring, AEG devised and implemented a siphon 
system to completely empty water in the valley tailings prior to the onset of winter, resulting in ample storage 
capacity in the spring and reducing the need for active treatment in the valley tailings. These initiatives have 
reduced the cost of care and maintenance to the Canadian Federal Government and Canadian taxpayer UB 




The AEG scope of work and budget for the work at Keno Hill vary on a year by year basis, depending on the 
requirements for field assessments, special projects and engineering. Over the past 5 years, the annual work 
budgets have been in the r ) ncluding the water treatment and care and maintenance 

requirements. 

The C&M requirements also include surface and groundwater monitoring program that entails the collection 
of water samples from approximately 120 sites, and operations of an on-site lab for routine water chemistry 
and metals analysis for the treatment sites. AEG monitors inventory and procures reagent to ensure adequate 
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quantities are available for water treatment. AEG has managed and maintains stand-alone 
radio/internet/telephone/ communication systems on site, and provides remote monitoring via internet for 
various treatment sites, AEG maintains mobile equipment necessary to perform on site tasks. 

AEG also manages visitor and contractor orientations, site security and access, and all aspects of a health and 
safety program. This included development of site-specific protocols for Worker Health and Safety m full 
compliance with Occupational Health and Safety requirements. The contract and licences required daily, 
monthly and annual reporting on all aspect of the project, including. water treatment, other care and 
maintenance, monitoring, safety, and socioeconomic opportunities for locals and First Nations. 

AEG also provides management of all aspects of study designs, engineering, and monitoring programs, as well 
as building hazardous materials assessments. AEG has performed demolition of historic mine infrastructure 
and building which contained multiple contaminants of concern such as lead paint, petroleum hydrocarbons, 
PCBs, asbestos as a way to manage and reduce high risk areas on an interim basis until final closure designs 
have been engineered. 


Type of Contract 

Alexco purchased the property from Canada as part of a bankruptcy proceedings. As part of the purchase and 
sale, AEG was awarded^ as subcontract to pro vide care and maintenance of the UKHM district at a recognized 
value of approximateljyHHIiHBHBfc'' 3 fixed price that includes Alexco cost share. As part of this 
contract AEG also performs capital upgrades on a pass through basis. AEG is supporting the closure planning 
aitd engineering design of the treatment facilities that will be implemented after all necessary environmental 
assessments and permits have been obtained; these design services are being performed as part of this 
subcontract 



Role of firm 

AEG oversees and self-performs all aspects of water treatment design, installation, commissioning, and O&M 
within the UKHM district 

Project status 

AEG is in the 9 th year of a long term project which is anticipated to be completed around 2024, after which time 
AEG will provide O&M of the remaining water treatment sites. 

Accident record for work performed by AEG 

The water treatment operations at Keno Hill are conducted with s crew of 5, including 1 manager, 2 operators 
and 2 labor support positions. Since AEG took over Water treatehent operations in 2006, approximately 76,500 
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man-hours have been incurred without a lost time accident associated with the AEG water treatment 
operations;. 

Analytical requirements an project 

During the operation of the UKHM water treatinentsiteSj the flow rates and chemistry can be widely varied 
due to the change in recharge and other seasonal factors. For instance, at Galkeno 300, water treatment flow 
rates vary by a factor of 3 (from 150 gpm up to over 400 gpm seasonally). Chemistry of treatment parameters 
(cadmium and zinc) vary by a factor of 2 or more. Notwithstanding this variability and the challenges with 
power at this remote sites, as well as extreme temperatures (-40 F up to 90 F), for the life of the project, AEG 
had only one out of compliance event after the full Galkeno 300 system was installed. 

AEG provides an on-site lab to monitor and troubleshoot operational issues, which includes an AA instrument 
to monitor zinc, turbidity and gravimetric monitoring to determine suspended solids, pH, and other field 
parameters. AEG also designed and implemented continuous monitoring with web-accessible tracking and 
control of the system for water flows, and remote monitoring and controls for pumps controlled by treatment 
pH. This allows for adjustment of treatment processes without an operator present The Galkeno 300 WTP 
consistently meets Zn discharge standards of <0,5 mg/1 from a starting concentration of 80 - 100 mg/1. 
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5.3 Cotter Schwartzwalder 
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Project Description 

The Brewery Creek Mine, located 55 km. east of Dawson City Yukon was an open pit heap leach mine that 
operated from 1996 - 2001. The mine ceased active operations in 2001 due to low gold prices. AEG was 
responsible for care and maintenance of the mine during the transition from shutdown through closure, 
permitting the reclamation and closure plan, completing physical reclamation of the mine including 
dismantling and salvage/marketing of assets, recontouring and revegetation of waste dumps and the heap 
leach pad, construction of soil covers, care and maintenance, design and construction of water treatment and 
management facilities and strategies and long-term water quality monitoring and reporting. 

In addition to the overall project management of the reclamation and closure of the Brewery Creek mine, AEG 
was responsible for ..several, water treatment and management requirements and strategies that were 
instrumental in the successful closure of the mine. 


The water management and treatment requirementat Brewery Creek included the treatment and discharge of 
heap solution and pore water. The Brewery Creek heap was 9.5 mt of capacity containing over 62,000,000 
gallons of heap solution that required neutralization and treatment followed by discharge to the environment 
AEG designed and implemented an in situ treatment system utilizing our patented technology [Patent 
5,710,361 and 5,632,7 15) to treat a recirculating flow of 2,000 gpm. The starting chemistry of the heap solution 
was approximately 50 mg/1 WAD cyanide and 25 mg/1 ammonia. Due to the short seasons in the arctic 
conditions of the Yukon, it was important that the heap be treated and discharge begin before the onset of 
winter conditions, resulting in a tight schedule of 5-6 months. 



The system utilized and incorporated existing piping, tanks 


and pumping systems to reduce capital costs. 


Secondly, AEG designed and constructed a cyanide destruction and metals precipitation plant that was 
necessary as an interim contingency treatment system as a backup to the primary heap treatment process. The 
plantincluded the use of floating mixers to provide retention and mixingfor destruction of cyanide from a feed 
concentration of approximately 50 mg/1 down to a discharge standard of 0.5 mg/1 WAD cyanide. The plant was 
capable of treating 1,000 gpm of heap effluent and was .designed to incorporate current water management 
features associated with the heap leach system in an effort to reduce capital costs. Hydrogen peroxide was 
used to destruct cyanide and caustic solution was used to maintain the pH at optimal conditions. The plantwas 
constructed and commissioned to demonstrate its effectiveness and then placed on standby during the heap 


treatment process as a requirement by the regulatory authorities during the heap decommissioning phase, 
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from the Brewery Creek heap continues to meet direct discharge to the environment and does not require the 
use of the contingency measures that were part of the overall approval of the closure plan. 



Type of Contract 


AEG performed the scope of work at Brewery Creek through a fixed monthly fee for providing project 
management, engineering, supervision and environmental monitoring requirements. In addition, project 
performance milestones and 'bonus incentives were built into the^ project for. -key milestones and 
technical/schedule achievements. 


The budget for the Brewery Creek mine closure project wa| 



Role of firm 

AEG provided the technical and operational resources for project management, contractor supervision and 
oversight, permitting and regulatory management, procurement, cost tracking and corporate reporting 
requirements. 

Project Status 

The Brewery Creek site is currently in a closed condition and AEG is consulting for the site owner to maintain 
compliance with the current Water License and complete baseline studies and regulatory applications for 
potential reopening. 
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Accident record for work performed by AEG 

Over the course of a 2 year seasonal project (May - Oct, 2003-2004), the work was completed by AEO personnel 
overseeing specialized subcontractors for civil and mechanical tasks. Approximately 53,000 man-hours were 
worked during this period with no LTA. There were 4 first aid incidents recorded. 

Analytical requirements on project 

During the operation of the water treatment and management sites, analytical requirements on a daily basis 
included pH, flow, conductivity and cyanide concentrations. These requirements were achieved on site using 
standard analytical techniques, 
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6 Health and Safety 

AEG is committed to the concept of safety in the workplace, and believes that the personal welfare of each 
employee is of primary importance. 

As the Technical Manager and Proposal Proponent, AEG has developed, and maintains a comprehensive Health 
and Safety Program in accordance with industry standards, and in compliance with legislative requirements. 
This program includes policies and procedures that will provide for the protection of personnel, the effective 
and appropriate use of equipment, and non-destructive use of the environment Management will provide all 
TeqiJired equipment and training in order to ensure that employees and sub-consultants are equipped to carry 
out their duties safely and effectively. Employees at every level as well as sub-consultants are responsible for, 
and accountable to, the company’s overall safety initiatives. Management encourages all employees to actively 
contribute to the ongoing development of the Health and Safety Program. 

With regards to fieldwork, AEG has written Safejob Procedures [SJPs] and Safe Work Practices (SWPs) that are 
critical components of the control measures required for hazardous tasks performed as part of routine work 
undertaken by AEG employees and sub-consultants. SJPs provide step by step instructions on how to perform 
a specific job safely and efficiently, whereas as SWPs provide a more general guideline on howto safely perform 
tasks for which no standardized operating procedure exists. If an employee or sub-consultant is requestor to 
perform a task for which no SWP or SJP exists, a supervisor or Project Manager will be consulted, and assurance 
should be made that hazards are correctly identified and documented before work commences. 

AEG has developed SJPs and SWPs for most of the common hazardous activities employees are required to 
perform. These have been developed in compliance with all applicable legislation including Federal, Territorial 
and Municipal legislation, OHSA and MSHA regulations. The Health and Safety Co-ordinator and Management 
are familiar with these documents, and reference is made to them any time a new job task is being planned, 

SjP and SWP identify the required training and personal protective equipment (PPE) that employees and sub- 
consultants are required to have before undertaking a work related task, and these procedures and practices 
must be reviewed and understood by all field staff. It is the responsibility of employees and sub-consultants to 
ensure that personnel do not operate equipment without the proper training and instruction. Personnel must 
demonstrate that they are proficient in the use of specific equipment and PPE as part of their New Worker 
Orientation, and as part of their on-the-job training. AEG ensures all employees are provided with job-related 
safety training opportunities. 


It is the policy of AEG to regularly inspect, maintain and track all field gear, equipment, tools and vehicles, and 
to ensure that they are in good working condition. This will reduce damage to, and loss of, equipment and will 
contribute to a safe working environment. Preventative maintenance includes adherence to applicable 
regulations, standards and manufacturers' specifications; and procedures for identifying and removing 
defective gear from service. 
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aggjg> Environmental Restoration, LLC USEPA Region 8 

955r Ti Request for Proposal GK8-77 

Interim Water Treatment System 

Due Date August 26, 2015 


Attachment A 

Gold King Interim Water Treatment System 
AND 

Proposal Acknowledgment 


To: 

Environmental Remediation LLC 

From: 

Alexco Environmental Group US 

1666 Fabick Dr. 

12150 E. Briarwood Ave Suite 135 

St. Louis, MO 63026 

Centennial, CO 80112 






Site Name: Gold King Mine Release GK8-77 


Location: | Silverton , Colorado 


The Subcontractor proposes to provide all equipment, labor, materials, and equipment necessary for the 
scope of work provided above and per Request for Proposal G8-8-77-001 and all attached drawings and 
specifications relative to the terms and conditions provided for the consideration of the bid prices provided 
herein on the pricing schedule. 

The Subcontractor agrees they have examined the RFP and the extent of the scope of work, have examined 
the provided drawings, specifications, attachments, and examined and understands all existing local 
conditions relative to site access, city codes and permits, hazards, labor, and any other conditions affecting, 
or which may be effected by, the scope of work. 


8 / 26/2015 

(Signature) (Date) 
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Attachment B 


Schedule of Pricing I 

RFP# GK8-77-001 Gold King | 

Item 

Description 

Est. Volume 

S Per Unit 

Total 

1.0 

Mobilization 

Lump Sum 

|B1 

■nm 

2.0 

System Installation / 
Demonstration of Automated ; 

Lump Sum 




Operation 




3.0 

Weekly Operations and 
Maintenance 

Lump Sum 

a— 

1 

4,0 

Demobilization 

Lump Sum 

@HHHI 

mmm 

5.0 

Bond Costs 

Lump Sum 

mm i 


6.0 

Total Cost (Items 1, 2 & 4) 


Note: All charges, including up to five required onsite meetings for both superintendent and senior engineer, anticipated to be 

part of completion of the scope of work, should be included in the above bid. These charges include such items as all applicable 
taxes, license fees, handling fees, etc. 

Unbalanced bids, as determined through comparing bids to distribution of historic costs using the same technology, will either be 
returned for clarification or removed from consideration, at the sole discretion of ER. 

Company Name: Alexco Environmental Group US 

Date: 8/26/2015 

Project / Technical Contact: EHHHHSI 

Phone: 

EPA ID #: N/A 



Please refer to RFP# GK8-77-001 regarding correspondence to your quotation. Any questions please contact the 
representatives below. Bid Due date defined within RFP. 


Submit Proposals to: 


Attention: 


Environmental Restoration LLC 
1666 Fabick Drive 
St. Louis, MO 63026 




E-mail to rfD@erllc.com 
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iffii&tnn. 


Graduate Research in Metallurgy, 1998, University of Idaho 



allurgy, 1996, University of Idaho - Magna Cum Laude. 


R ' itlifltfil- ' 

Society for Metallurgical Engineers (SM E) 
Barry Goldwater Fellow 


:fl !#%; ;sM Cvs iileilffflBS 

40 hr HAZWOPER 
MSHA 5000-23 Certificate 
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U.S, Patents 


fs the inventor of Alexco's patented Green World Science Technology and holds rights to numerous 
US Patents also issued throughout 23 countries. These patents are for the immobilization of metals in soils, earth 
materials, affected groundwaters, treatment of pit lakes, and the prevention of acid mine drainage from waste 
rock from underground mines. These patents include 

5,710,361: "in-Sifu Treatment of Waste Stacks, Soils or Earth Materials to Immobilize Metals Contained 
Therein” ' . 


6,196,765: "Inhibiting Acid Mine Drainage by Displacing Oxygen in Rock Heap" 

5,632,715: "In-Situ Immobilization of Metals In Waste Stacks and Waste Stack Affected Zones” 
6,350,380: "In-Situ I m mobilization of Metalsln Density-Variant Water Bodies" 

6,435,769: "Gas Phase Modifications" ... to inhibit acid rock drainage and to treat potentially mobile 
contaminants 

7,011,756: "In-Situ Immobilization of Heavy Metalsln Density-Variant Water Bodies" Pit Lakes and 
Underground Mine Pools 
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SENIOR PROJECT MANAGER/LEAD MECHANICAL ENGINEER 
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B.S. Mechanical Engineering, 2001, 
Colorado State University 
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With Alexco: 6 Years 

With other companies: 8 years 
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Association of Mechanical 
Engineers 
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holds a B.Eng. in Aerospace Engineering from Carleton University in Ottawa, Ontario and brings 
demonstrated accomplishments in operations management and planning, execution of reclamation and closure 
plans, site management and environmental services. M r ^ESSSM was Site Manager of the Brewery Creek Mine 
during the reclamation and closure period and is responsible for providing project and site management for AEG's 
environmental remediation and services projects at the Keno Hill District. 


Chronological Work Experience 

Alexco Environmental Group Inc., Elsa, Yukon 

Project Manager/Site Manager- Keno Hill District, 2012 - current 

* Responsible for management of care and maintenance program at Keno Hill Mine including supervision, cost 
budgeting, interface and management of all contracts and contractors, scheduling of site activities, regulatory 
interface and reporting, environmental management and compliance. 

* Responsible for oversite of water treatment upgrades and optimization activities. 

• Responsible for the installation of in situ water treatment projects. 

♦ Responsible for the oversite and upkeep of surface water diversion ditches needed throughout the district. 

♦ Responsible for over site of district projects including proposed power distribution upgrades, power factor 
correction studies, mill optimization projects, underground electrical surveys, and review of new process 
plant engineering 

* Responsible for construction of Onek waste rock containment facility including the site preparation, and 
membrane installation 

Alexco Keno Hill Mining Corp., Elsa, Yukon 
Mill Manager- Keno Hill Mine, 2011 - 2012 

» Responsible for the safe and effective operations of the Keno District mill including direct supervision of 40 
employees. 

• Responsible for management and over site of Process Mill operations including process optimization, tracking 
costs, preventative maintenance program. 

* Responsible for construction of dry stack tailings facility including the site preparation, membrane system 
installation, tailings placement and expansion 

Alexco Keno Hill Mining Corp., Elsa, Yukon 
Project Manager- Keno Hill Mine, 2010 - 2011 

• Responsible for management and over site of the Mill construction, supervision of contractors, cost tracking, 
scheduling and safety protocols.":-- - 

• Responsible for construction of the process. pond for the Mill Including over site of earthworks as well as 
membrane installation. 
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Alexco Keno Hill Mining Corp., Elsa, Yukon 
District Engineer - Keno Hill Mine, 2006 - 2010 

• Responsible for management of care and maintenance program at Keno Hill Mine including supervision, cost 
budgeting, interface and management of all contracts and contractors, scheduling of site activities, regulatory 
interface and reporting, environmental management and compliance, 

• Responsible for water treatment upgrades and facility installations including water treatment clarifier 
systems as well as retention/holding ponds. 

• Responsible for the installation of Waste rock storage containment structures as well as hydrocarbon 
containment structures. 

Viceroy Minerals Corp., Dawson City, YT 
Site Manager- Brewery Creek Mine, 2004 - 2006 

• Responsible for all site activities and reclamation and closure work at the Brewery Creek Mine. Duties 
included supervision, cost budgeting, interface and management of all contracts and contractors, scheduling 
of site activities, regulatory interface and reporting, environmental management and compliance. 

• Brewery Creek reclamation and closure consisted of demolition, salvage and shipment of all remaining site 
assets and buildings, recontouring and revegetation of waste rock dumps and leach pad, environmental 
monitoring and reporting. 

Viceroy Resource Corporation, Dawson City, YT 
Maintenance Planner- Brewery Creek Mine, 1999 - 2004 

» Responsibilities included maintenance planning and management for large scale open pit mining fleet 
including 100 tonne haul trucks, 992 loaders, Demag shovels, drills, support equipment, electrical power 
generation and distribution and process recovery plant. 

Qualifications, Certifications and Education 

• B. Sc. Aerospace Engineering; Carleton University 

• EOCP- Small Water Systems Operator 

• Additional CEU's in Fe and Mn removal 

• Class 1 and 6 driving license w/ Air endorsement 

• Front line Supervisors Provisional certificate 

• WHIMIS 

• TDG 

• C-NRPP certified (both radon monitoring and mitigation) 

• YWCHS Occupational Health and Safety Confined Space Entry level 1&2 

• Yukon Energy Authorization to Enter Level 1, Substation Awareness Training 

• Industrial Fire Brigade Member- Incipient Level Qualification 

• Operator certification on loaders, excavators, graders, and dozers 

• Project management Tools and Techniques (Yukon College) 

• CFC/HCFC/HFt Control InterprovinclaJ number YTQ112 (Environment Canada) 

• Komatsu Mining systems Field Training courses on Maintenance and Repair 

• O&K hydraulics maintenance courses 
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